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BILL NO. S-74-01- /3 


SPECIAL ORDINANCE NO. 


s- /y-^4 


AN ORDINANCE approving Change Order 
No . 1 with BERCOT, INC . in connection 
with Neuhaus Ditch Interceptor Sewer, 
Resolution No. 853 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1, with BERCOT, INC . , in 
connection with Neuhaus Ditch Interceptor Sewer, Resolution No. 853, for the 
increased cost of labor and materials due to a delay period between the time 
of award and Notice to Proceed at an additional cost of $17,997.52, is hereby in 
all things ratified, confirmed and approved. 

SECTION 2 . This Ordinance shall be in full force and effect from 
and after its passage and approval by the Mayor. 



Councilman 


APPROVED AS TO FORM 
and legality 



fs h,e v 











Read the first time in full and on motion by ^ seconded by 

and duly adopted, read the second time by title and referred 
to the Committee o n (j) (and the City Plan 

Commission for recommendation) and -Robl4^-jiear4n§-^o—be —held-atfter due HLcganhnroticc 

a t they Coun cil-• Chambers y~ eity=^kmirty-BLdlcHTrg7-Etart^ 'on --— , 

of - j 197 at- 


o ,t el-e-ek—T. 
Date; / 







CITY CLERK 




Read the third time in full and on motion by 

w/ O " 

seconded b y r , and duly adopted, placed on its passage. 


Passed (LOST) by the following vote: 



AYES 

C 1 , NAYS ( ) . 

ABSTAINED 


ABSENT 

to-wit; 

BURNS 







HINGA 


j//' 





KRAUS 


l/ , 





MOSES 


t/ y 





NUCKOLS 


.S 





SCHMIDT, 

Do 

l/ y' 





SCHMIDT, 

V. 

\/ s' 





STIER 


l y/ 





TALARICO 


{/ 






DATE; 





CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 

as (Zoning. Map , ) _.,.. .(General) (Ann exation) (Special) (Appropriation) Ordinance 
(Resolution)" No* •• </~ / 


on the , - r day of 
ATTEST; (SEAL) 



CITY CLERK 



day of 


PRESIDING OFFICER 

„ '•y• " • '.'■ft'- < . •' , 1 

"!v , 

Presented by me to the Mayor of the City of Fort Wayne, Indiana,! -birthfe * 

^ 197 / ? 


~‘T 


at the hour.,of. - o’clock 


Mo,E.S.T o 



Approved, and signed by me this 


is ._ 


at the hour of 


o ! clock 


day of 
M ..E.S oT o 


CITY CLERK 



MAJOR 









































































S-74-01-13 


Bill No. 


We, your Committee on 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 

Public Works _ to whom was referred an Ordinance 


Approving Change Order No. 1 with BERCOT, INC. in connection with 
Neuhaus Ditch Interceptor Sewer, Resolution No. 853 


have had said Ordinance under consideration and beg leave to report back to the Common 


Council that said Ordinance 


TO 


PASS, 


Winfield C. Moses, Jr - Chairman 
John Nuckols - Vice-Chairman 


James S. Stier 


William T. Hinga 


Vivian G. Schmidt 



Sjj CONCUR!) IN 
-_CHARLES W. VVESTEilMAN, CITY CLERK" 

































CHANGE OHDEH NO 


1 


October 12, 1973 


Data 


Subject for change 

Due. to the increase in labor and materials 
during an approximately 15-month delay 
period between the time of award and 
Notice to Proceed, Bercot, Inc. requests 
$17,997.52 which reflects an increase of 
8.26% in the original contract price of 
$217,773.56. 


Proleet Neuhaus Ditch Interceptor Sewer 
Phase I, Res. #853, B.O. #138-70 
Location ____ 


Sta. 


Dr. No. 


SY-10940 


Spec. Page No. 


Contractors 


Bercot, Inc. 


Item 

Quantity 

Description 

% Increase 

Total 

1,2,8,14,19, 

28,29,32,34 


Sewer Pipe, Manholes 
and Taps 

1.91%' 

$ 3,062.52 

21,22,23,24, 

25,30,35 


Cone. Curb; Cone., Asph, Stone 
Pave; asphalt gutter 

Sh-38 

. 2,,194,.5..Q... 

27 


Gravel Backfill 

10.00 

2.860.80 

33 


Seeding & Mulching 

2QJ2Q 


Equipment 

Costs 




1,035.42 

Labor Costs 



3.96 

2,611.20 

Dump Truck 
Rental 




4,608.00 

Fuel Cost 




384.00 








Total Net Increase 

8.26% 

$17,997.52 








WSE-47 










































I ’; . ; 


O? G'R'i. 


DIGEST STJ'KiiT , _ 

~7/~' c) / "A3 

■■ -• c Change Order for.Neuhaus D itch Sanitary Sewer__ 


DivY\YTMi ; ;NY 


synodic op oc 


-QCJ-vJSTJMCr OHDIi;iAN C.?/I Boar d of Public Works_ 

Bids on Neuhaus Ditch Sanitary Sewer_were taken 


ANCli 


j U ne_7_, ] 972 and- contr act wa s award ed July 6, 1972 on an altern ate route for the sev/er, 


At this time, due to liti gation, a re strai ning order was pl aced or> the project and 


.Counci1 gave cont ract a "DO NOT PASS " . After co n siderable dealings with affected 


property owners, the restraining order was lifted and contract was again submitted to 


nmmr.il an d receive d a "DO PASS" under S-52-73.- Now-because of the long delay 
between the award and s tart of project,, labor and material costs have risen 

necess itating Change Order in amount of $17,997.52. _ • ~ ' 'y 


Sil X ! ' i’’ .el0T 03 PASCAG & Increased cost of sewer allowed. 

- 

■ ■ 

* 

o. ... . - 

EFFECT GY NON-PASSAGF Hold up on project. ' 

" 

• 




MONEY INYOI/TYD (Direct Costs, Expenditures, Swings) 
Additional cost to City Ut ilities in amount o f $17,997.52. _ 


AS:;K;c;-:n TO coccreTist: (J.R.) 


EIS/ss 




























































































